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JUL 1959 




0ir«<etor of logiotic* 


filrector of CoiBaunications 

Contract JyoaandoMmt ~ BD-3C!?# fftsk Order 0 








X* Under the tanoa of B0~103» Talk Order 0« 


la dereXopiQg for thie Office an autoBiatlc data tran^ealon 
afeteo^ il£u6. k letter from tfte contraetor dated 19 June 1959* a 
cxxfff of idiieli le attacbed, outllnee hie xeqpidLreBMnt for iil44«151*00 
in additicmal fu«le In ord«r to ooiqplete thie program* 

2* the c<attractor*e Juctlficatlon for this ovenrun* iddoh 
includes the accuaulated oiwrrune of two eub-eontraetore^ has been 
exaBdned bgr t^e Office ai»l It felt to be reaeonabLe* There Is 
no Inerease In scope Involved in this authorisation for additional 
funda* 

3. It le re^eted^ thwefore, that tai^ Order 0 of HI>>103 
be aiHKided to reflect thie coat increaee and to authorise an 
extwoalon of the teaniftBstion date of the task to 30 August 1959* 
Attached for this purpose is iBa^[uieltl<m Ho* 59*^34 likU^cating 
that the aUotment to be charged le 0/7995'^5O* Ftmde in the amount 

of ii^344«151*00 have been emniabMwd far thi s purpose. The protec t 

engine er for this n^^ogran la 
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Attachment as 

(1) Xettsr frcmi contractor dated 19 June 1959 
(ai^g^eition Mo. m 59-634 
0G-^R40>B^^:pjb (25 June 59) 

OletribTztiont Coordination: 

Original and 1 - Addreesee 
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- OC-A 

- R^D Vital File 

- R4<D Obligation File 

- OC-B Chrono 

- Rt-D Chrono 

- BP Chrono 
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D0C^*^(^_r BEV OATS 
0RI6 COISP ? 

OHIO CUSS ^ p/^^ggS 
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